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Whittemore Park Revitalization Project Phase 2—Construction begins April 25" 


Project Update #1 
April 21, 2022 


Dear Staff/Tenants/Neighbors/Visitors: 


Construction for Phase 2 of the Whittemore Park Revitalization Project will commence on April 25, 2022. A 
detailed schedule from the General Contractor, Baustista Masonry, is as follows: 





Whittemore Park Phase 2 Construction Schedule 
Week of April 25'*: 
Mobilize and Submittals: Site prep, set up fencing in approved parking lot spaces, machines 








delivered to site. 
Weeks of May 2"? and May 9°: 
Site demolition and prep work: Begin demolition, air spading, removal and disposal of debris. 











Week of May 16": 
Stone wall work and granite stone steps: demolish, reconstruct, and stabilize stone retaining wall 





along Mystic Street; regrade side gardens and pathway; replace and/or reposition granite stone 
steps at side, front, and rear of site. 





Week of May 23": 
Granite stone steps and brick paving: continue work on granite stone steps; begin laying brick 





path along side and rear of Cutter House. 





Week of May 30": 
Brick paving: Continue and complete brick path. 








Weeks of June 6" through June 20*: 
Installation: install irrigation, plantings, benches, railings, and lighting in front of house, side 





gardens, and rear of house. 





Weeks of June 27" and July 4": 
Demobilization: touch up areas, final checklist items, final cleanup, and remove fencing in 











parking lot spaces. 





Attached is a copy of the press release announcing this next phase of work. For additional information about the 
park plan and update, visit: arlingtonma.gov/WhittemorePark. 





Should you have any questions about the project, please contact Kelly Lynema, Assistant Director and Phase 2 
Project Manager, at the Department of Planning and Community Development at 781-316-3096. 


Thank you, 


Jennifer Raitt 
Director of Planning and Community Development 


Please note: the above schedule information is based on our expectations and is subject to change once the General 
Contractor has mobilized on site. The schedule may change due to weather, unforeseen conditions, or other causes. 
We will make our best efforts to inform the staff/tenants/neighbors/visitors of any significant change to the 
schedule. Police details will be coordinated when needed by the contractor. 


